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SUBJECT: NSF/SFCP. CONSTRUCTION OF COPERNICUS ASTRONOMICAL 
CENTER (CAS) GF-37198 

1. UPON REQUEST NSF RECEIVED INTERIM PROGRESS REPORT ON CAC. 

IT WAS ONLY 14 LINES AND STATED THAT CONSTRUCTION WAS PROGRES- 
SING ON SCHEDULE BUT GAVE INSUFFICIENT BACKUP DETAIL TO JUSTIFY 
THIS CONCLUSION. NSF HAD PREVIOUSLY EXPRESSED CONCERN ABOUT 
APPARENT STAGNATION. 

2. IN LETTER OF 30 AUGUST 1974 ASST PROJECT DIRECTOR ANDRZEJ 
WOSZCZAK PROMISED DETAILED REPORT FOR QUARTER ENDING 30 
SEPTEMBER. EMB KINDLY ASSIST WOSZCZAK TO TRANSMIT THIS REPORT 
QUICKLY TO NSF AND ALSO GIVE COPY TO DR. RICHARD RIES, NSF 
SECTION HEAD, NOW IN WARSAW. INGERSOLL 
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